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ಚುಕ್ಕೆ ಗುರುತಿನ ಪ್ರಶ್ನೆ ಸಂಖ್ಯೆ [23 (160) 

ಸದಸ್ಯರ ಹೆಸರು : | ಶ್ರೀ ಎನ್‌. ಅಪ್ಪಾಜಿಗೌಡ (ಸ್ನ್ಥಳೀಯ 
ಸಂಸ್ಥೆಗಳ ಕ್ಷೇತ್ರ) 

ಉತ್ತರಿಸುವ ದಿನಾಂಕ 5 | 08-12-2020 

ಉತ್ತರಿಸುವ ಸಚಿವರು :| ನಗರಾಭಿವೃದ್ಧಿ ಸಚಿವರು 

ಹ ಪ್ರಶ್ನೆ ಉತ್ತರ 

ಅ) | ರಾಜ್ಯದಲ್ಲಿ ಇರುವ ಒಟ್ಟು ಪಟ್ಟಣ 
Soe ನೆಗಳನು ನಗವಾನನ ಪಂಚಾಯಿತಿಗಳಿರುತ್ತದೆ. ಇವುಗಳ ಪೈಕಿ ಮಂಡಳಿ 

ಈ ವತಿಯಿಂದ ಪಟ್ಟಣ ಪಂಚಾಯಿತಿಗಳಲ್ಲಿ 
ಮಾಡಲಾಗಿದೆ; ಸದರಿ ಯೋಜನೆಗಳ ( 
4 ಕೈಗೊಂಡಿರುವ ಒಳಚರಂಡಿ ಯೋಜನೆಗಳ 
ಪ್ರಗತಿ ಯಾವ ಹಂತದಲ್ಲಿದೆ; (ಪಟಿಣ | ಫ್ರಗತ್ತಿಯ ವಿವರಗಳನ್ನು ಅನುಬಂಧದಲ್ಲಿ 
ಪಂಚಾಯಿತಿವಾರ . ಭೌತಿಕ ಮತ್ತು ನಡ. ಗಿ ಸು 
ಆರ್ಥಿಕ ಪ್ರಗತಿಯ ಮಾಹಿತಿ § 
ನೀಡುವುದು) 

ಆ) | ಮಂಡ್ಯ ಜಿಲ್ಲೆಯ ನಾಗಮಂಗಲ | ಬೆಳ್ಳೂರು ಪಟ್ಟಣ ಪಂಚಾಯಿತಿ ವ್ಯಾಪ್ತಿಯಲ್ಲಿ 
ತಾಲ್ಲೂಕಿನ ಬೆಳ್ಳೂರು ಪಟ್ಟಣಕ್ಕೆ! ಸಮಗ್ರ ಒಳಚರಂಡಿ ಕಾಮಗಾರಿ ಕೈಗೊಳ್ಳಲು 
ಒಳಚರಂಡಿ ಯೋಜನೆಗಳನ್ನು | ರೂ.400 ಕೋಟಿಗಳ ಅಂದಾಜು ಪಟ್ಟಿಗೆ 
ಮಂಜೂರು ಮಾಡಲಾಗಿದೆಯೇ; | ಆಡಳಿತಾತ್ಮಕ ಅನುಮೋದನೆಯನ್ನು ನೀಡುವಂತೆ 


ಹಾಗಿದ್ದಲ್ಲಿ ಈ ಬಗ್ಗೆ ಸರ್ಕಾರ ಕೈಗೊಂಡ 
ಕ್ರಮಗಳೇನು; ಯಾವ ನಿರ್ದಿಷ್ಟ 
ಕಾಲಮಿತಿಯಲ್ಲಿ ಬೆಳ್ಳೂರು ಪಟ್ಟಣ 
ಪಂಚಾಯಿತಿಗೆ ಒಳಚರಂಡಿ 
ಯೋಜನೆಯನ್ನು 
ಅನುಷ್ಠಾನಗೊಳಿಸಲಾಗುವುದು? 


ದಿನಾಂಕ 26.07.2019 ರಂದು ಕರ್ನಾಟಕ ನಗರ 
ನೀರು ಸರಬರಾಜು ಮತ್ತು ಒಳಚರಂಡಿ 
ಮಂಡಳಿಯಿಂದ ಪ್ರಸ್ತಾವನೆ ಸ್ಥೀತೃತವಾಗಿದ್ದು, 
ಸದರಿ ಪ್ರಸ್ತಾವನೆಯನ್ನು ಪರಿಶೀಲಿಸಲು ಉಪ 
ಅಂದಾಜುಗಳನ್ನು ಸೇರಿಸಿ ಮರು ಪ್ರಸ್ತಾವನೆ 
ಸಲ್ಲಿಸುವಂತೆ ಕರ್ನಾಟಕ ನಗರ ನೀರು ಸರಬರಾಜು 
ಮತ್ತು ಒಳಚರಂಡಿ ಮಂಡಳಿಗೆ ತಿಳಿಸಲಾಗಿದ್ದು, 
ಪರಿಷ್ಕತ ಪ್ರಸ್ತಾವನೆ ಸ್ಟೀಕೃತವಾದ ನಂತರ 
ಆಡಳಿತಾತ್ಮಕ ಅನುಮೋದನೆ ನೀಡಲು 
ಕ್ರಮವಹಿಸಲಾಗುವುದು. 
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ನಗರಾಭಿವೃದ್ದಿ ಸಚಿವರು. 
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ANNEXU 


¥atement showing the details pf the UGD systermin Town Panchayats of Karmateka 


Name of the Urban 
Local Bodkes 


Fu 


y| 


opulation [ed ೦05 
(Rs in Laktes} 


a5per20 


———— 
txpenditore 
inured 
(Rs in Lakhs) 


wof 
Financia! 


Hof 
Physicel 
progres 


Status 


3 Jalur 


[ot 


As per the DMA, vide tir. No.UDA] 
163 C55 2018 Bore Dtd-03,12.2018| 
the proposal for providing SSM 
technology in tur town is approved 
and tris directed by OMA to take up 
lhe work by the local body. 


2 Jadkalgudu 


316810 


394155 


1368.73 


EO po USD nemo in Zoned] 


"the tocat body. 


742 


'ಣಧ!ಕeರ.(60% of the 3೯ea} 
ime land for constuction of STP‘s| 
and wetweils is to be handed over by[ 


After handing over of the lands tol 
thre board action will be taken to rake. 
up the balance work. 

DPR for providing UGD scheme 10] 
Bellu town amounting to Rs.44.0] 
orores 1s subnitted zo Govt vide ltr 
Ino: 879, dt: 26-7-2039. Approval is] 


4 Jeilagi 


17792 


1735.47 


ihe scheme & commissioned dutiog] 


846 


T7127 


10000 


Re Wore of providing internal sewers 
in che town is completed. Balan 
ork of STP and other works ere not 
[wken up due to shortape of fund. Thei 
[Revised Estimate mounting so} 
s2928C cores it submiced 10 GoK| 
tr Administrative Approval vide 
Board lr No.2350. chdh18.12.2018. 
[Aner appeal tw the RE and after 
[oblaining land hr construction of STP. 
be balance work will be taken up aod 
[ವಧ 6ಗರರೆ. 


73} 


703.30 


Ko 


Revised estimate ampunting td 
Rs.3300.00 takhs submited to Govt, 
vide letter No.2341, dared:22-12- 
2018. 


7 oarali 


7928 


288441 


230094 


9300 


980% 


[Thc work of providing Totemal sewer] 
lives, cansmriion of Wetwell and 
STP 3 completed and the scheme isl 
commissioned during 2037. The 
balance suri amounting zo Rs.167.17 
aks is wrder progress 8nd is proposed 
fw be comwisioned during Maron 
2021. 


11066 


An DPR amounting to Rs. £000.00] 
lakhs, was prepared by the Boord.| 
IMesnwhite Hon'ble State Govt, vide! 
(GO No 163/ CSS 2018 Bangalore 03-| 
12-2048, has approved the proposal 
to provide FSSM systern in 55 tong] 
ot the state, in which Hanur is aisol 
included. The projec is to bel 
[implemented by DMA. 


39731 


DPR amounting ta Rs.6835.00 lakhs 
[subsnitred 10 Govt vide lever No. 


2933, ಹಗರೆ: 18-02-2039. 
1 | 


ಲಿಲಿ ವಾಲಾ ಹತ ಬಾಯಿಗೆ ಸ ೫: ದಿ 


UGDTP.s 


1 S| Name afthe Urban 
Local Bodies 


| Pepuiation 


| as per 2011 


Census 


Estimated cost! 


{Rs in Lakhs} 


Expenditure 
ineurred 
{Rs in Lakhs) 


Hot 
Financlat 
ನೀಂಕ್ರನಲss 


Status 


16 [Kudalagi 


[NET 


ON 
37೩3.22 


29500 


78 


11 [Kundagal 


18726 


JPR amounting to Rs.7000.06 lakhs | 


55.3 Km sewer ine an0 3295 
‘numbers of anhotes completed and 
construction of 4.6 MLD SBR type 
STP is in progress and the scheme 15 
proposed to omission by March 
2024. 


[submitted to Gon. vide letter No. 
|3245, ರತರ: 08-03-2019. 


12 IKushainagar 


15326 


[Works under progress. 


33 (Miclsialrcar 


J 


15399 


[Approval accorded by gon tl 
implencat the HCI) trough KUIDFC. 


{ 14 [Mulgund 


18763 


(DPR amounting to Rs. 5500.00 lakhs 
‘submitted to Govt. vile letter No. 
2488, ರಸೀನೆ: 30-12-2019. 


15 [Nagamangats 


37ns 


1082.75 


390.34 


9152 


95 


[DPR for providing 2nd stage UGD| 
scheme to Nagamangala town 
laounting to Rs.34.60 crores is 
[submitted te Govt vide itr no: 873, 
de: 26-7-2019. Approvals awaited. 


18 [Sullia 


19958 


287.07 


30841 


100 


100 


iUGD scheme comnbssioned snd 
handed owes to the TP on 32-12 
202. 


17 [Fenvekere 


14784 


10.0 


100.00 


Tle work of providing internal Sewer) 
limes, consmuction of Wervelt aud] 
ISTP i complied and the scheme i 
[commissioned during 2014. The 
amcunting to Rs7.97crores is prepared 
land the Same will be submitted tw] 
[Goverment for approval framedistely| 
lates receipe of rcsostion from Paitin} 
Pauchayeti, Funivekere 


38 Weiandut 


877 


59 


[DPR amounting to Rs. 4313.00 Lakhs, 
submitted to Honble Gow. on! 
23.10.2017 for approval was 
rewvmed without  approva onl 
24.10.2017. Now the Revised DPR 
jamounting to Rs, 5980.00 tals is 
prepared and forwadೇರ to U8 for] 
icountersignature & fesoiution. 


| 19 {MK-Hubbaill 
i | 
H 


13387 


20 fChénchill 


[DPR amounting to Rs. 5266.00 lakhs | 
[subrrltted to Govt. vide jeter No. 
1936. dated: 28-10-2019. 


SPR amounting to pe 
[6060.00 lakhs subrnited to Govt 
vide letter No. 2137, dated; 17-10- 
2020. 


23 [iat 


8900.00 


63.76 


15 


Ihe Project ls sanctioned for both 
[Bhatkal and Jaali Towns amounting 
ftoRs 20000 Lakhs, uring April 2037. 
|The work is under progress. 


22 fexamba 


16440 


oPRamounting 0 [es 

7372.00 lakhs submitted to Gow. 

vide letter No. 3136, dated: 37-10- 
wok 


23 [Ainapura 


18900 


[DPR amounting to [oS 
[5988.00 lakhs submitted to Gout. 
vide letter No. 1036, dated: 01-08- 


(2019. 


} 26 Kolbas 


16568 


> [Works takenup by UKP-. { 
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